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Contract R44PS04 AM 1: Red Line Cabot Carhouse Improvements 


Overview 


¢ Today’s board action will allow for the completion of design and 
advertisement for construction of the Cabot Yard and Carhouse 
Improvements Project. 
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Red Line/Orange Line Improvement Program 
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Total Program Budget 


Red Line Orange Line Infrastructure Improvement Projects 
(Cost in Millions) 


Infrastructure Program 


TOTAL Budget Anticipated 
Construction 


Advertisement Date 


RL/OL Program Level (PM/CM, OR & Project Admin.) 
Unallocated Contingency 


Signals Program 


RL/OL Program Level (PM/CM, OR & Project Admin.) 
Unallocated Contingency 
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Construction Project Overview 
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Amendment No. 1: Additional Design and Bid Phase Services 


The key elements requiring additional design services to be 
performed under Amendment No. 1 are: 


¢ Communications & Security Systems 

¢ North Interior Building Modifications & New Truck Wash 

¢ Environmental Investigation/Hazardous Materials Assessment 
¢ Extended Electrical Ductbank 

¢ HVAC - Heating System Modifications 

e Rails and Rail Repairs 


Amendment No. 1 also provides for Bid Phase Services. 
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Request of the Fiscal and Management Control Board 


Staff request that the Fiscal and Management Control Board 
authorize the MBTA General Manager & CEO, or his designee, to 
award and execute Amendment No. 1 for Professional Services 
Contract R44PS04: Cabot Carhouse Improvements for the Red 
Line/Orange Line Infrastructure I|mprovements Program with J acobs 


Engineering, Inc. for an amount not to exceed $1,396,627. 


